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PAGE 01 VIENNA 00685 281138Z 

15 

ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 OC-05 CCO-OO /019 W 

062533 

P R 281037Z JAN 75 
FM AMEMBASSY VIENNA 
TO SECSTATE WASHDC PRIORITY 4637 
AMEMBASSY PRAGUE PRIORITY 
INFO AMEMBASSY BONN 

UNCLAS VIENNA 0685 

EO 11652: N/A 

TAGS: ABLD, CZ 

SUBJ: CONGEN BRATISLAVA 

DEPT FOR FBO/RUSSILLO, PRAGUE FOR KEITHLY, BONN FOR 
RCO/RINKER FROM ZIMMERMAN 

FOLLOWING PROGRESS REPORT IS SUBMITTED ON CONGEN 
BRATISLAVA AS OF JAN 23: 

A. TILES IN BATHROOMS HAVE BEEN PLACED AT HEIGHT AS 
SPECIFIED IN VIENNA'S 160, NO EXTRA COST TO USG. 

B. SIXTY ADDITIONAL KILOS OF PCI RECEIVED. 

C. SOME HARDWARE FOR DOORS AND WINDOWS IS EITHER 
MISSING OR UNREPAIRABLE. WE RECOMMEND WE COMPLETE AS 
MANY FLOORS AS POSSIBLE USING OLD HARDWARD AND THEN 
COMPLETE ONE FLOOR USING NEW HARDWARE OF SAME STYLE. 
FBO ADVISE. 

D. DUE TO WARM WEATHER, SPARVA HAS STARTED FACADE WORK. 
WE ARE SHIPPING TERA NOVA REDIS. 

E. PARQUET FLOORS IN ROOMS G-4, 303 AND 304 ARE COMPLETELY 
SWELLED, BUCKLED AND DRY ROTTED AND MUST BE REPLACED. 
ESTIMATED COST CZECH CROWNS 30,000. WILL PRAGUE CONTACT 
SPARVA RE THIS MATTER? 
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F. KITCHEN CABINETS AND HARDWARE FROM COPENHAGEN HAVE 
BEEN RECEIVED IN VIENNA AND ARE PRESENTLY IN BONDED 
WAREHOUSE. AFTER WE RECEIVE KITCHEN APPLIANCES FROM 
MUNICH, WE WILL SEND ALL TO BRATISLAVA. 

G. WILL FBO PLEASE ADVISE VIENNA WHAT ACTION SHOULD 
BE TAKEN ON ITEM 2.A. OUR TELEGRAM 160? 

H. AS REPORTED IN VIENNA 10619, 12/30/74, 80 KVA POWER 
LINE IS INSTALLED. BRATISLAVA ELECTRIC COMPANY NEEDS 
WRITTEN PERMISSION FROM PRAGUE TO ENTER CONSULATE AND 
CHECK ELECTRICAL INSTALLATION BEFORE SUPPLYING POWER. 
WILL PRAGUE PLEASE TAKE CARE OF THIS MATTER WITH SPARVA? 
HUMES 
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Copy: SINGLE 
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Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 
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Disposition Event: 
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Disposition Reason: 

Disposition Remarks: 

Document Number: 1975VIENNA00685 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750031-0027 
From: VIENNA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: linkl 975/newtext/tl 97501 12/aaaaaksg.tel 
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Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBOE 
Original Classification: UNCLASSIFIED 
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